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This Supplemental Agreement made and entered into this // dey of 
Augas tose auends, supplenents and revises the contract entered 
idee between the parties hereto ac of June 24, 1958, as follows: 


1. By adding the following to subparegraph (1) of Section 
A Statement of Work: “end in the work ption 
(Kubdbit "A" attached to Bycon propose! to Perkin-2leer 
dated July 23, 1958)." 


2. Sy deleting the date “July 31, 1958" contained in 
Section B~ Delivery, end substituting in lieu thereof 
the date “August 22, 1958." 


3. By inereasing the Estinated Cost set forth in Section 
© > Sstinated Coet by the sum of $15,897, The total 
Sstineted Goat for contract, exclusive of Fixed 
Pes, is $66,796. 
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Vege 1 of Supplemental Agreement No. 1 to Contract dated June 24, 1958. 
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IN WITHESS WHEREOF, the parties hereto have caused this Supplemental 
Agreement to be duly executed as of the day and year first above 
written. 


25X1A THE PERKIN-ELMER CORPORATION 


Page PsP Veep predates? REMEAEY WoIARRE ORAAWAR MREO0GGRO02S, 1958. 


